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ACTION AID-31 

INFO OCT-01 EA-11 ADP-00 IO-12 EB-11 TRSE-00 OMB-01 
CIAE-00 INR-10 NSAE-00 RSC-01 DODE-OO RSR-01 IGA-02 
/081 W 

081840 

R 021018 Z APR 73 
FM AMEMBASSY PHNOM PENH 
TO SECSTATE WASHDC 0732 

UNCLAS PHNOM PENH 3061 

FOR STATE/ AID 

E. O. 11652: N/ A 
TAGS: EAID, CB 

SUBJECT: PREK THNOT PROJECT 

1 . AT A RECENT MEETING OF THE CONTRIBUTORS TO THE PREK 
THNOT PROJECT, THE FOLLOWING DECISIONS WERE TAKEN: 

A. WORK ON THE MAIN CANAL WILL BE PURSUED WITH THE 
OBJECTIVE OF COMPLETING 8.0 KILOMETERS AND TWO LATERAL 
CANALS BY THE END OF THE NEXT DRY SEASON IN MAY 1974. 

THIS WILL BEING THE TOTAL LENGTH COMPLETED FROM THE 
DIVERSION WEIR TO 9.2 KILOMETERS AND MAKE IT POSSIBLE TO 
IRRIGATE 600 HECTARES DURING THIS PERIOD. 

B. THE GKR WILL MAKE REPAIRS AND DO GENERAL CLEANUP WORK 
AT THE MAIN DAM SITE SO THAT THE JAPANESE CONTRACTOR CAN 
RESUME CONSTRUCTION END OF DRY SEASON BEGINNING IN NOVEMBER/ 
DECEMBER 1974. 

C. WORK ON THE DIVERSION WEIR BEING VIRTUALLY FINISHED, 

THE JAPANESE FIRM' S CONTRACT WILL BE SUSPENDED BUT NOT 
CACNELLED. 

2. ACCORDING TO EWING OF UNDP, THE PARTICIPATING COUNTRIES 
ALL AGREED TO CONTINUE TO SUPPORT THE PROJECT AND TO MAKE THE 
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NECESSARY CONTRIBUTIONS TO CARRY FORWARD THE WORK DESCRIBED 
ABOVE. 

SWANK 
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*** Current Handling Restrictions *** n/a 
*** Current Classification *** UNCLASSIFIED 
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